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NO. S-75-12-P-3- 


SPECIAL ORDINANCE NO. 

AN ORDINANCE approving Change Order No. 2 in 
connection with Resurfacing Resolution 5669-1974 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
AYNE, INDIANA: 

SECTION 1. That Change Order No. 2 to Dailey Asphalt Product Co., 
ic.; Hipskind Asphalt Corp.; and Wayne Asphalt Construction Co. , Inc. (Joint 
enture) in connection with 1974 Resurfacing Projects, Resolution 5669-1974, in 
le amount of $31,996.70, as set out in the specifications, is hereby in all things 
atified, confirmed and approved. 

SECTION 2. This Ordinance shall be in full force and effect from and 
fter its passage and approval by the Mayor. 



APPROVED AS TO FORM 
AND LEGALI7Y,___ 











Read the first time in full and on motion by , seconded by 

and duly adopted;, read the second time by title and referred 


to the Committee on 


(and , the City PJ an 


CommTsTfmTfor recommendation) and Public Hearino to be held~iTteFl!uFTeqal notice, 


at the Council Chambers, City-County Buildinq, Fort Wayne, Indiana, on__ 
the 


day of 

Date: 


, 197 


at _ 


Read the third time in full and on motion by 

Xa2. 




seconded by 


Passed (te8#T) by the followinq vote: 


and duly adopted, placed on its passaqe. 


HINGA 

0(J/FTB- 

KMfefS 

MOSES 
NUCKOLS 
SCHMIDT, D. 

SCHMIDT, V. 

STIER 
T ALARICO 
; DATE: 


AYES 

NAYS. 

ABSTAINED 

ABSENT 

TO-WIT 

S 


2 

7 




1 


-X _ 
X - 
<2t - 
A _ 
2i _ 
- 

K. _ 
_ 

QL _ 


Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, 
as fZaniaoJflaj il^General) (Annex,a .tmn) (Special) (Appmp4«^4+efi) Ordinance 
(Res fl3-u44€n) Ho. 'o n the <o$p d ay / O , 197^-f 

f\t AT TEST :s ' (SEAL) 



, ■“*-- T^’CITTCLEp ~ ^PRESIDING OFFICER 

Presented by me to*t v he Mayor of the City of Fort Wayne, Indiana, on the 
day of , 197 T~" , at the hour of o 'clock 



Approved and siqned by me this 




av of _ 




197 > 3 — 


at the hour of o'clock M ..E.S.T. 












































































S-75-12-23 


Bill No. 


REPORT OF THE COMMITTEE ON PUBLIC WORKS 

We, your Committee on PUBLIC WORKS _ to whom was referred an Ordinance 

approving Change Order No. 2 in connection with Resurfacing Resolution 


5669-1974 


have had said Ordinance under consideration and beg leave to report back to the Common 

r.nnnm 1 that said Ordinance ,1 )£> __ PASS. --_ a ^ 

Winfield C . Moses , Jr. - Chairman 


Samuel J. Talarico 


' t t / . 

William T. Hin^a 



Nuckols 


^ S _ 

. Donald J. Schmidt 




CONCURRED IN 

MAT E CHARLES W. WESTERMAN, CITY CLERK 

































CHANGE ORDER 




Change Order No. 2 

Project No. __ 

Name of Project 1974 Resurfacing 


Resolution No. 
Board Order No._ 
Date 


Dailey Asphalt Products Co., Inc.; Hipskind Asphalt. 

To: Corp.; & Wayne Asphalt & Constr. Co., Inc. (Joint Vent ure) 
(Contractor) 

Gentlemen: 


5669-1974 

114-74 

Nov. 10, 1975 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Item 

No. 

Quantity 

Description of Change 

Unit Price 

Change in Contract Price 

Material 

Decrease 

Increase 



Hessen Cassell from Paulding to Oxforc 
(Wayne Asphalt) (see attached copy of 

letter datec 

5/9/75) 


I. 

224 L.F. 

12" C.M.P. 

Crescent Avenue from Curdes to Vance 

15.00 


$3,360.00 

2. 

1.347 S.Y. 

(Dailey Asphalt) 

Concrete Pavement Removal 

5.00 


6,735.00 

3. 

4. 

5,070 S.F. 
3,748 S.Y. 

New Standard Walk 

New 6" Approaches 

2.00 

2,00 


10,140.00 

7,496.00 

5. 

241 Tons 

#4 Asphalt Binder 

17.70 


4,265.70 

Item 1—Wayne Asphalt & Constr. Co., Inc. 

Amount Payable $ 3.360.00 lotal Decrease 



Items 2 thru 5— 
Amoun 
Total Chan* 

-Dailey Asphalt Products Co., Inc. 
t Payable $28,636.70 Total 

Increase 

ct Price 


31,996.70 

ge Order $31,996.70 

Net -(-Beree-ese-) (Increase) Contra 


*•$31,996.70 


The sum of $31,996.70 


is hereby (added to) ( 4 e 4 as4sd-freFr4 the total contract 


price, and the final contract price shall be adjusted as follows: 
Original Contract Price 


$753,368.55 


Current Contract Price Adjusted by Previous Change Order $768,177.35 
New Contract Price Including this Change Order $800,174.05 


The time provided for completion in the contract for this project is (unchanged) 

fdeerea-sed-) by . 0 _ calendar days due to this Change Order. The date for completion 

of all work shall be _'_. Furthermore, this document shall become an 

amendment to the contract and all provisions of the contract shall apply hereto. 

Recommended by: (Chief ^fe^3^Enqineer) Date _ 


Attested by: 


bv: YU ^ 

(Contractor) 

bv: k 

(City Enqineer) 

bv^^fC f 

(Owner) 



bv. 




Date ////?/?') 



















































Change Order No. 
Resolution No. 
Board Order No. 


REQUEST AND JUSTIFICATION FOR CHANGE 


X, Necessity for change; (Hessen Cassell) - New ditches created more volume of water 


flow. Opening of 24" storm sewer that dead ends into side ditch also created a surge of 


water. 

The additional pipe was installed to relieve flooding over drives. 



(Crescent Avenue) - Grade and design changes created the additional construction 

of 


street 

intersections, drive approaches, 

and walks adjacent to drive approaches. 

Because 

of the money being spent within this area, it was felt a proper street design should 
pursued. Therefore, the total scope of improving Crescent Avenue from Curdes Avenue, 

be 

to 

Vance Avenue was changed from a simple resurfacing to a total reconstruction and the 
street arade lowered in areas up to approximately three feet (3’) in depth. Items 2. 

f 3 ?- 

and 4 

were not considered in- the simple 

resurfacing project. 





2. Will proposed change alter size of the project? Yes,_ No 

If yes, explain; . ___ 


3. Affect on operation and maintenance cost of this project: Changes were made to reduce 
maintenance costs on both streets., 































Ronald Bonar - City Engineer 


■ From . Kenneth N. Traylor - Street Engineer 


£7 -3</0-34 "^c/ 7s 

_DaU 5/9/75 _ 


'r -Hessen Cassel Resurfacing from Paulding Road to Oxford. 
-Subject 1 Phil Boiler* s letter datad_May, 8, 19.7.5- 


! Mr. Boiler's office has reviewed the ditch drainage characteristics 
; and requested all structures- less'than 12” diameter be replaced. 
Approximately 250 lineal feet additional pipe is required to satisfy 
this request. Based on contract unit cost for 12" diameter C.M.P., 

* Pit A 


l; ditching-, etc., a change order for $3,000 ± is necessary. —OlC, uwi-Ct 

^ ^ ^ Pleas^ advise if should proceed with a change order. Also, advise 


if Street Engineering should consider the. concept or policy of 

- 

| replacing all poor or undersized driveway drainage structures when 


^ * 




V 




A' s 


^V^/lniform Standards and better control and review of driveway permits, 
• including pipe size, is obviously in order for both City and County. 

jj> off* Also, an ordinance allowing the City to ditch and reset acceptable 

\ A 

. dr-/ve pipes to grade or charge property owners for replacing drive 

. 

^ ^ ^^pipes, if undersized or deteriorated, xs mandatory. Assistance in 

If, \^>preparing this ordinance is desired. - ( b-, ^ 

A \ 'hiU.-L £L~Jl . u jM- 


xaX 



cv- 





.-v r r. \ ^ n> 


OTV Fl-n-.W-j-P’.h’" - 














TITLE OF ORDINANCE Special Ordinance 




DEPARTMENT REQUESTING ORDINANCE Board of Public Works ___ 

SYNOPSIS OF ORDINANCE Covers Change Order #2 from Dailey Asphalt Products Co., In c. 
Hipskind Asphalt Coro.: & Wavne Asphalt Const. Co.. Inc. (Joint Venture).in amount 

of $31-996.70 for Resolution 5669-1974. 1974 Resurfacing._____—— 

HESSEN CASSEL - New ditches created more volume .of water flow. Opening of _2,4_"-. 

storm sewer that dead ends into side ditch also created a surge of water._The- 

additional pipe was installed to relieve flooding over drives. 

CRESCENT AVENUE - Grade and design changes created the additiona,!., construction...pf 

street intersections, drive approaches, and walks adjacent to drive approaches. , 

Because of the, money being spend w ith in this Area, i , t was fe l t a p . rmex .._ at i £ £ a i - 

Hpsign should he pursued. Therefore, the total scope of _ i mprov ing Cre . ac . ent froia ... 

Cnrdes Avenue to Vance Avenue was changed f rom a s im p le resurfacing . t . Q . ,d -- t . Q . ta l- 

rsronstrnr.i-.ion. and the street .gr ade l owered i n areas up to . . approx i mately . t h ree —_ 

feet (3') in depth. Items 2, 3, and 4 were not considered in the simple resurfaci ng 

project. SEE ATTACHED COPY OF CHANGE ORDER 

EFFECT OF PASSAGE Reduce maintenance costs on both streets _;__ 


EFFECT OF NON-PASSAGE High maintenance costs in future 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) $31.996.70 


ASSIGNED TO COMMITTEE 































